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GOVERNMENT OF SINDH 
SINDH MASS TRANSIT AUTHORIY 


e 
SUBJECT: CONSTITUTION AND NOTIFICATION OF PROCUREMENT COMMITTEE 
FOR KARACHI URBAN MOBILITY PROJECT YELLOW LINE CORRIDOR 
IBRD LOAN FUNDED BY WORLD BANK. 


ADANA A I SS u ee a 





Itis submitted that Government of Sindh, through Sindh Mass Transit Authority (SMTA), 
Transport and Mass Transit Department (TMTD) is implementing Karachi Urban Mobility Project 
Yellow Line Corridor, which is funded the World Bank under IBRD Loan No. 8995-PK (Karachi 
Mobility Project) . As per procurement regulations of the World Bank July 2016. revised in November 
2017 and August 2018. clause 32 under section IIl (Governance) the borrower ie. SMTA, GoS is 
responsible for carrying out the procurement activities financed by the Bank. 

. The World Bank Team has advised to notify procurement committee, which has a 
comprehensive Terms of Reference for procurement related to this project. Email from Team Lead of the 
World Bank is placed at “Flag A”. 

It is submitted that, a Consultant Selection Committee has been notified bv Services, 
General Administration and Coordination Department GoS. through its notification number NO:SO(C- 
IV)SGA&CD/Notification-Trp/2020 dated 28-July-2020 to carryout procurement of Consultancy 
Services *Flag B". 

Now there is a need to have a procurement committee to carry out procurement of non- 
consulting services, goods, and equipment for project operations. As, discussed, the draft Notification 
along with TOR is placed for your review and approval please at “Flag C”. It is submitted that 
Competent Authority. may please be approached to notify the Procurement Committee for non consulting 
services, goods and equipment. 
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SINDH MASS TRANSIT AUTHORITY 
TRANSPORT AND MASS TRANSIT DEPARTMENT 
GOVERNESS OF SINDH 


>, 
NOTESHEET Dated: 31/03/21 


Subject: CONSTITUTION AND _ NOTIFICATION OF _ PROCUREMENT 
COMMITTEE FOR KARACHI URBAN MOBILITY PROJECT YELLOW 


LINE CORRIDOR IBRD LOAN FUNDED BY WORLD BANK. 





The proposed committee at flag “C” referred at para 4 may be more strengthen for the betterment of the 











Ti 
project. The said Procurement Committee shall perform all procurement of goods, equipment and services for 
the project from Revolving Fund Account (RFA) for project operations. 
8. The proposed Procurement Committee under the same TORs attached in Annexure Flag “C”. 
STATUS 
[Chairman | 
Secretary/Member 
[Membr | 
9; Para 8/n may please be approved or deemed as appropriate. 
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2. | 





S3 Referring to Para 18/n, it is submitted that, application of SPPRA rules was specifically 


53 


asked from the World Bank Team. The Procurement Specialist of World Bank, Mr. Haider 
Raza in his email dated 13.01.2021 categorically advised that SPPRA Rules shall not apply! 





¡for procurements for this project, however, there should be a procurement committee for 
‘procurement for Project. The Task Team Leader, Mr. Said Dahdah, though his email dated: | 
113.01.2021 advised to constitute a procurement committee to handle all ee 


aspects of the Karachi Mobility Project (KMP). (Flag-A) 


It is further mentioned that the World Bank’s Procurement Guidelines shall invariably be 


applied to the procurement of Goods, Works, Services and Consultants which will be 


funded from Revolving Fund Account. 


Therefore, worthy Secretary, Transport and Mass Transit Department, is requested to 


| 


i 


approve below mentioned procurement committee for World Bank Funds: 


DESIGNATION STATUS 


Project Director Yellow Line BRTS Chairman 


Director Finance/Accounts, SMTA, GoS Secretary / Member 





Procurement & Contract Management 


| ' Specialist, Karachi Mobility Project. 








| P 
| Draft Notification is place on board for approval at Flag-B y 


PROJECT DIRECTOR 
YELLOW LINE BRTS. 
SINDH MASS TRANSIT AUTHORITY 


GOVT OF SINDH 
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"wd: Draft-Email related to Procurement 9. 


. of 4 


Subject: Fwd: Draft Email related to Procurement 

From: Project Director «pd.kmp.ylc(0 gmail.com» 

Date: 1/14/2021, 12:53 PM 

To: Financial Management Specialist «fms.ylc.kmp(8 gmail.com» 


please go through it and make a draft notification for future procurements. 


---------- Forwarded message --------- 

From: Said Dahdahı Ml 

Date: Wed MIS) LPM 

Subject: RE: Draft Email Ed to Procurement 

To: Haider Raza <hraza@worldbank.org>, Project Director <pd.kmp.yic@gmail.com> 











Dear Mr. Imran, 


The existing Committee (called Consultant Selection Committee) for the KMP has a narrow scope of 
one Consultancy contract only which is the design and supervision. 


‘| suggest a comprehensive Procurement Committee be notified asap to handle all procurement 


aspects of the KMP ( Goods, Services, Works and Consultants) , there is no need for a separate 
Committee for each contract or for each contract type. However, please keep it small, max 5 members - 
, You and the Procurement Specialist should be on it. Why don’t you draft its notification , share it with 
us first so we review it and then you share with Secretary for signature. 


| am sharing with you the template for the existing CSC so you can easily edit. This notification also 
included a Complaint Redressal Committee. 


Let us know if you have any question. 


Best regards 


Said 


2/17/2021, 1:08 F 
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From: Haider Raza <hraza@worldbank.org> 
Sent: Wednesday, January 13, 2021 3:40 PM 
To: Project Director <pd.kmp.yic@gmail.com> 


Cc: Said Dahdah <sdahdah@worldbank.org> 
Subject: RE: Draft Email related to Procurement 











Dear Imran, 


The SPPRA Rules shall not apply to the KMP procurements. The statuary requirement, if | am not 
mistaken, is to have a procurement committee that fulfill the FR Rules. My understanding is that if a 
procurement committee is constituted for KMP, that should take decisions for a procurements 
including the Shopping. 


Best regards, 


Haider 


AAA A in t P po 
Haider Raza 

Country Procurement Lead 

Senior Procurement Specialist 


Solutions and Innovations in Procurement (SIP) 


E | 4977 1 4236000 
- THE WORLD BANK 


L7 Governance Global Practico ¡+1 202 644 2567 





V www.worldbank.org 


Ülhraza.wb 
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From: Project Director <pd.kmp.ylc@gmail.com> 
Sent: Wednesday, January 13, 2021 2:54 PM 

To: Haider Raza <hraza@worldbank.org> 
Subject: Fwd: Draft Email related to Procurement 








[External] 


Dear Mr. Haider, 


As we are now entering into the procurement process, | would like to have your views on a few specific 
matters. 

Project Operations Manual at 5.2.1 makes it compulsory that procurement / evaluation committees 
shall be notified by SMTA or TMTD as per proper rules of business. We have only SPRRA rules which at 
rule 7 specifies formation of procurement committees, which must include one member outside the 
procuring agency. We would like to know whether : 


i) Can we procure goods, services and works, which come under the category of 
"Shopping", without going through the procurement committee? 

ii) Can we notify a separate new committee for procurements related to the Project, as 
SMTA already has one? 


iii) As per Notification SMTA/KMP(YL-BRT)/2020/3019 dated 9-Dec-2020 a Project 
Management Team was notified. The TORs of the notification include, "procurement related 
to project" as one of the scope of the PMT. Can we infer that, Project Management Team is 
in itself authorized to undertake procurement, without any need to go for a procurement 
committee? 


| am attaching the Extracts of Operations Manual, SPPRA Rules and Notification of PMT. 


Imran Bhatti 

Project Director (Yellow Line BRTS) 
Karachi Urban Mobility Project 
Sindh Mass Transit Authority 


Gout. of Sindh 
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+923002200275 


Imran Bhatti 

Project Director (Yellow Line BRTS) 
Karachi Urban Mobility Project 
Sindh Mass Transit Authority 

Gout. of Sindh 

+923002200275 


Attachments: 


CSC and CRC,draft.docx 


12.1 KB 


2/17/2021, 1:08 F 
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GOVERNMENT OF SINDH 
SERVICES, GENERAL ADMINISTRATION & 
COORDINATION DEPARTMENT 





Karachi, dated the 28" July, 2020. 


NOTIFICATION 





In supersession of this Department 


NO:SO(C-IV)SGA&CD/Notification-Trpt/ 2020 
3 May, 2020, the Consultant Selection Committee; 


DP Scheme 





Notification of even number dated the 1 
g of Procurement Consultancy Services under A 


to carry out entire process for hirin 
is hereby re-constituted with 


No.22 Karachi Urban Mobility Project-Yellow Line BRTs Project; 


following composition and TORs:- 


















































11 Managing Director, SMTA, Government of Sindh _ | Chairman 
_2 | Project Director, (Project Management Team) BRT Yellow Line. Member 
3_| Director, Infrastructure/Projects, SMTA, Government of Sindh |. Member 
4 |Chief Consultant, TMTD, Government of Sindh | Member | 
|.5 | Director ITS, SMTA, Government of Sindh . | Member | 
6 | Deputy Director (Procurement SMTA, Government of Sindh Member 
7 | Director Finance & Accounts, SMTA, Government of Sindh Member 
8 |A representative of P&D Department not below the rank of BS-18 Member 
| 9 | A representative of Finance De artment not below the rank of BS-18 Member 





Terms of Reference: 


i) Preparing and / or reviewing bidding documents / request for proposals. 
ii) Carrying out technical as well as financial evaluation of the bids / proposals. 
ii) Making recommendations for the award of contract and managing the contracts. 


iv) Perform any other function ancillary and incidental to the above. 








MUMTAZ ALI SHAH 
CHIEF SECRETARY, SINDH 


Karachi, dated 28* July, 2020. 


t 


NO:SO(C-IV)SGA&CD/ Notification-Trpt/ 2020 





Copy is forwarded for information & necessary action to:- 
+ Chairman, P&D Board, Government of Sindh, Karachi. 

_7 Secretary, Transport & Mass Transit Department, Government of Sindh, Karachi. 
- Secretary, Finance Department, Government of Sindh, Karachi. 


+ Chairman/Members (all) of the Committee 





- DS (Staff) to Chief Secretary, Sindh, Karachi. : \ 
+ P.S. to Secretary (I&C), SGA&CD. > 
: e Master file. iu E 
| Y f (ALI AHMED BIJARANI) 
| à 5 | SECTION OFFICER (C-IV) 
BE 
Sy 7] 


Scanned with CamScanner 
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GOVERNMENT OF SINDH 
TRANSPORT & MASS TRANSIT 
DEPARTMENT 
Karachi Dated: 








DRAFTNOTIFICATION 





NO: SO(G)/ : The Islamic Republic of Pakistan has received financing from the 
World Bank toward the cost of the Karachi Mobility Project — Yellow BRT [the Project] and is now in 
process to procure goods, non-consulting services. and works to implement the project. 





As per procurement regulations of the World Bank July 2016, revised in November 2017 and 
August 2018, clause 3.2 under section IH (Governance) the borrower i.e. SMTA, GoS is 
responsible for carrying out the procurement activities financed by the Bank. The 
Procurement Committee hereby constitutes of following members with TORs. The committee 
shall perform all procurement of goods, equipment and services for project operations. 




















S.NO. | DESIGNATION .| STATUS 
l. Project Director Yellow Line BRTS Chairman 
pa Director Finance/Accounts, SMTA. GoS Sao i 
= | Member | 
Procurement & Contract Management Specialist,KUMP-YLC BRTs, : 
Member 








SMTA, GoS 








'Terms of References (TORs) Procurement Committee:- 


Preparing and/or Reviewing bidding documents. 

Carrying out technical as well as financial evaluation of the bids/ proposals/quotations. 
Making recommendations for the award of contract. 

Ensuring compliance to relevant procurement rules, regulations, laws etc 

Inspection of goods procured. 





Perform any other function ancillary and incidental to the above. 


SHARIQ AHMED 
SECRETARY 
Transport & Mass Transit Department 


NO:SO(G)/ /2021: Karachi, dated the , 2021 





|. Chairman / Member (all of the Committee). 

2. The PS to Chairman (Planning Board). Government of Sindh. Karachi. 

3. The PS to Secretary Finance Department. Government of Sindh, Karachi. 

4. The PS to Secretary. Transport and Mass Transit Department, Government of Sindh. Karachi. 
5. The PS to Managing Director. SMTA. Government of Sindh. Karachi. 

6. Notification File. 


SECTION OFFICER (G) 
FOR SECRETARY TO GOVERNMENT OF SINDH 


rocurement Committee Notification A 


Subject: Procurement Committee Notification 

From: Project Director <pd.kmp.ylc@gmail.com> 

Date: 2/11/2021, 1:00 PM 

To: Financial Management Specialist <fms.ylc.kmp@gmail.com> 


Dear Javed, 


Please format the attached notification and include that the procurement committee is 
meant for all procurement other than consulting services as per world bank guidelines. 


Imran Bhatti 

Project Director (Yellow Line BRTS) 
Karachi Urban Mobility Project 
Sindh Mass Transit Authority 

Gout. of Sindh 

+923002200275 


Attachments: 


Procurement Committee for Shopping.docx 20.4 KB 


of 1 2/17/2021, 1:07 P 


GOVERNMENT OF SINDH 
TRANSPORT & MASS TRANSIT 
DEPARTMENT 





| NOTIFICATION 


NO.SO(GEN.)7(739)/2018-19: The Islamic Republic of Pakistan has received 
financing from the World Bank toward the cost of the Karachi Mobility Project — 
Yellow BRT [the Project] and is now in process to procure goods, n N- consulting 
services, and works to implement the project. | 


As per procurement regulations of the World Bank July 2016, revised in November 
2017 and August 2018, clause 3.2 under section Ill (Governance) the borrower i.e. 
SMTA, GoS is responsible for carrying out the procurement activities, financed by 
the Bank. The Procurement Committee hereby constitutes of following members with 
TORs. The committee shall perform all procurement of goods, equipment and 
services for project operations. 


























[S.NO | — — Died veio a — e STATUS = 
| 1. | Project Director Yellow Line BRTS Chairman — — | 
2. | Director Finance/Accounts, SMTA, GoS Secretar ¿ | 
PLN oe meee: pam Member . /— . 
| 3 Procurement 8 Contract Management Specialist, KUMP- Member 
"| YLC BRTs,SMTA, GoS 














Terms of References (TORs) Procurement Committee:- 





i) Preparing and/or Reviewing bidding documents. 
ii) Carrying out technical as well as financial evaluation of the bids/ 
proposals/quotations. 
iii) Making recommendations for the award of contract. 
iv) Ensuring compliance to relevant procurement rules, regulations, laws etc 
v) Inspection of goods procured. | 
vi) Perform any other function ancillary and incidental to the above. | 


| SHARIQ AHMED  - 
SECRETARY TO GOVERNMENT OF SINDH 


NO.SO(GEN.)7(739)/2018-19 Karachi dated the 16" April, 2021 


Chairman / Member (all of the Committee). 

The PS to Chairman, P8D Board, Government of Sindh, Karachi. 

The PS to Secre: nce Department, Government of Sindh, Karachi. 

The PS to JE j Dre 1 ort and Mass Transit Department, Government of Sindh, 
Karachi. 
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SECTIO C ENERAL) 
For Secretafy to Government of Sindh 

















GOVERNMENT OF SINDH 
TRANSPORT & MASS TRANSIT 
DEPARTMENT 





NOTIFICATION 





NO.SO(GEN.)7(739)/2018-19: The Islamic Republic of Pakistan has received 
financing from the World Bank toward the cost of the Karachi Mobility Project — 
Yellow BRT [the Project] and is now in process to procure goods, ndn-consulting 
services, and works to implement the project. 





As per procurement regulations of the World Bank July 2016, revised in November 
2017 and August 2018, clause 3.2 under section IIl (Governance) the borrower i.e. 
SMTA, GoS is responsible for carrying out the procurement activities financed by 
the Bank. The Procurement Committee hereby constitutes of following members with 
TORs. The committee shall perform all procurement of goods, equipment and 
services for project operations. 






































NO. | DESIGNATION E 
| Project Director Yellow Line BRTS Chairman 
; a Secretary / | 
2. Director Finance/Accounts, SMTA, GoS M 
CIA DÀ ember, — 
3 Procurement & Contract Management Specialist, KUMP- Member 
| | YLC BRTs,SMTA, GoS = = 


Terms of References (TORs) Procurement Committee:- 





i) Preparing and/or Reviewing bidding documents. 
ii) Carrying out technical as well as financial evaluation of | the bids/ 
proposals/quotations. | 
iii) Making recommendations for the award of contract. 
iv) Ensuring compliance to relevant procurement rules, regulations, laws etc 
v) Inspection of goods procured. 
vi) Perform any other function ancillary and incidental to the above. 





SHARIQ AHMED 
SECRETARY TO GOVERNMENT OF SINDH 


NO.SO(GEN.)7(739)/2018-19 Karachi dated the 16' April, 2021 


|. Chairman / Member (all of the Committee). 

2. The PS to Chairman, P&D Board, Government of Sindh, Karachi. | 
3. The PS to Secretary Finance Department, Government of Sindh, Karachi 
4. The PS to Secretary, Transport and Mass Transit Department, Government of Sindh, 


MAT. 





Karachi. 11205 uw 
5. The PS to Managing.Dir ictor, SMTA, Government of Sindh, Karachi. | 
6. N.N | 





Notification File. 
[| $1 


~. 





For Secrétary to Government of Sindh 


i 
| 


E 


| 


GOVERNMENT OF SINDH 
TRANSPORT & MASS TRANSIT 
DEPARTMENT | 





NOTIFICATION 





| NO.SO(GEN.)7(739)/2018-19: The Islamic Republic of Pakistan has received 
| financing from the World Bank toward the cost of the Karachi Mobility Project — 
Yellow BRT [the Project] and is now in process to procure goods, non-consulting 
services, and works to implement the project. 





As per procurement regulations of the World Bank July 2016, revised in November 
2017 and August 2018, clause 3.2 under section Ill (Governance) the borrower i.e. 
SMTA, GoS is responsible for carrying out the procurement activities! financed by 
the Bank. The Procurement Committee hereby constitutes of following members with 
TORs. The committee shall perform all procurement of goods, equipment and 
services for project operations. 


| 
| 
| 
| 





























S.NO. | DESIGNATION STATUS __ 
T. Project Director Yellow Line BRTS Chairma 
2; Director Finance/Accounts, SMTA, GoS Sectetal l 
Peart L Member, — 1 
3 Procurement 8 Contract Management Specialist, KUMP- Menibar 
| ~ | YLC BRTS,SMTA, GoS —_— | 





Terms of References (TORs) Procurement Committee:- 





i) Preparing and/or Reviewing bidding documents. 
ii) Carrying out technical as well as financial evaluation of the bids/ 
proposals/quotations. | 
iii) Making recommendations for the award of contract. 
iv) Ensuring compliance to relevant procurement rules, regulations, laws etc 
v) Inspection of goods procured. | 
vi) Perform any other function ancillary and incidental to the above. 





SHARIQ AHMED 
SECRETARY TO GOVERNMENT OF SINDH 
NO.SO(GEN.)7(739)/2018-19 Karachi dated the 16 April, 2021 
| 4. Chairman / Member (all of the Committee). 
| 2. The PS to Chairman, P&D Board, Government of Sindh, Karachi. 
3. The PS to Secretary Finance Department, Government of Sindh, Karachi. 
4. The PS to Secretary, Transport and Mass Transit Department, Government of Sindh, 


Karachi. D SEES 


Ven pi 















SMTA, Government of Sindh, Karachi. 
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SECTI IGER (GENERAL) 
For Sec y to Government of Sindh 





GOVERNMENT OF SINDH 
TRANSPORT & MASS TRANSIT 
DEPARTMENT 








NOTIFICATION 








NO.SO(GEN.)7(739)/2018-19: The Islamic Republic of Pakistan has received 
financing from the World Bank toward the cost of the Karachi Mobility Project — 
Yellow BRT [the Project] and is now in process to procure goods, non-consulting 
services, and works to implement the project. 


As per procurement regulations of the World Bank July 2016, revised in November 
2017 and August 2018, clause 3.2 under section IIl (Governance) the borrower i.e. 
SMTA, GoS is responsible for carrying out the procurement activities financed by 
the Bank. The Procurement Committee hereby constitutes of following il nih with 
TORs. The committee shall perform all procurement of goods, equipment and 
services for project operations. 








¡A AA=+ —--- 





S.NO. | DESIGNATION 























S.NO. | STATUS 
1; Project Director Yellow Line BRTS Chairman 
2. Director Finance/Accounts, SMTA, GoS adr d i 
RENE NN Member . J| — —— 
3 Procurement & Contract Management Specialist, KUMP- Member! 
| 7. | YLC BRTs,SMTA, GoS D. uu 











Terms of References (TORs) Procurement Committee:- 


i) Preparing and/or Reviewing bidding documents. | 
ii) Carrying out technical as well as financial evaluation of the  bids/ 
proposals/quotations. 
iii) Making recommendations for the award of contract. 
iv) Ensuring compliance to relevant procurement rules, regulations, laws etc) 
v) Inspection of goods procured. 
vi) Perform any other function ancillary and incidental to the above. 





SHARIQ AHMED 
SECRETARY TO GOVERNMENT OF SINDH 


NO.SO(GEN.)7(739)/2018-19 Karachi dated the 16" April, 2021 
| 
Chairman / Member (all of the Committee). 
The PS to Chairman, P&D Board, Government of Sindh, Karachi. 
The PS to Secretary Finance Department, Government of Sindh, Karachi. 
The PS to Secretary, Transport and Mass Transit Department, Government of Sindh, 
Karachi. | 
The PS to Managing.Director, SMTA, Government of Sindh, Karachi. 


=e eS 


ou 


SECTION OFFICER (GENERAL) 
or Secretary t6 Government of Sindh 











